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Actings Director of Logistics S June 1964 


Chief, Rsii Estate A Construction Division. OL 


'Status Report - (%) Printing Services Building — . 

(b) Space Requirements • J 

(cj Additional Parking 


: 25 May 1964 keeting with Exec. Dir.. DD/S and D/L re 
M Master Plan for Langley Site** and Specs Requirements 
{Briefings by mHmH 


25X 


1. At reference meeting it was agreed that while one additional 
building to house all Headquarters units now considered for relocation 
to Langley would be a good "Master Plan Solution" it was recognised 
that: 
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a. Approximately 775.000 gross sq. ft. ef space would be 
required to house these units . Authorisation and appropriation 
approval of a program of this scope would take some time under 
most favorable circumstances. 

£ "5, a Oo> 

b. While such a program could be built in phases {first 
phase to provide approx. 70 - 75.000 gross sq. ft. for Printing 
Services Division) the plans and specifications for the entire 
building would have to be reasonably completed before starting 
any construction. Preparation of these plans, etc., would re* 
quire several months alter the above program approval was 
obtained. 


c. A building for the Printing Services Division could be 
built on the present site approximately 400 feet north of toe 
Power House, between the existing road and the west property 
UM^Thi^ocattocMsa^discusse^oi^2 May 1964 with Mr. 

la his opinion a two 

story building approximately 120 feet deep and 300 feet long 
could be designed in such a way as not to be objectionable. 

{In view of (a) and (b) above, he is prepared to recommend that 
the Printing Plant building be constructed in this area and from 
presently appropriated Headquarters building construction funds.) 
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2. Tho Executive Director indicated that 1m would support a Matter 
Pimm along these lines. la accordance with instructions wo have sot ' 

•Mmltted any funds hat wo aro now in position to award aa Agency contract 
ten 

icSF 

a. The detail survey and soil testing of the proposed. site. 0'f§f| 
(Estimated cost $1, 000.00. Ponds snfficisat to cover these items 
are available in OL, PY 44 budget) 


b. A design report or a statement of design criteria and re- 
quirements which will be the basis of a future Architect- Engineer 
Coatrac^^^warde^jMh^ublic Buildings Service. WBHI 
HHMHHflMMNBHMHKI been contacted by Chief. Print- 
ing Services Division and Chief. REfcCD. This capable Consulting 
Engineering firm is willing to submit a proposal for this type report 
on design criteria after they have security clearance to inspect our 
present installations and have become familiar with the problems 
and functions of the Printing Services Division. Cost estimates of 
a study report are therefore not yet available but it is believed teat 
sufficient funds are available in OJL budget.) 


2. The Public Buildings Service has not besn consulted in connec- 
tion with the proposed project or the approach outlined above. However, 
it is necessary that both items (2 a and 2 b) be available before any 
Architectural -Engineering work is started. It is therefore recommended 
that we be directed to proceed with 2 a and 2 b even in advance of final or 
formal Congressional Committee approval. 


4. Additional space in tee amount of 175, 000 to *200, 000 net square 
test will be required when the Agency vacate s Quarters Eyes 
E and S Building and Alcott Hall. The Director of Logistics. Chief. REfcCD 
and Chief. Logistics Services Division met with Mr. Daly. Commissionnr. 
Public Buildings Service en 22 May 1944 to obtain any revised schedule for 
demolishing these hnUdinge. We were advised teat a definite schednle for 
the demol itien of Qtrs. Eye . R and S and Alcott Hall Is not yet established. 

25X1 A Bogardiag^^^^^^^HHI we were advised on 25 May that we would 

probably have to vacate before April 1947. (This is approx. 2 years prior 
to any previous estimate.) Daly also etreesed tee point teat PBS funds are 
not available to rent space te consolidate these four locations into one 
building, even though full consideration is given te their poor structural 
condition, tho security risk, the desire to clsar park land and the anticipated 
difficulties occurring during road construction scheduled in tho vicinity. 
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». PBS hu sot been further contacted on these future space require- 
meuto. It *M any understanding that the Exec. Dir. u4 DD/S would hare 
dir— t lone far us when decision had hoea reached and that poeeibly the flrat 
ceotact would be made by them to General Services Administrator Beotia 
or to Mr. Daly. 


4. The meet economical and alee the meet convenient area to develea 
tor approximately 1. 000 additional parking apace, would be weet of our 
preeeat Nerth Parking area Juat across the property line on the Bureau of 
Twite Beads land. It is to be anticipated that this nee permit would be 
resisted by the Bureau and for this reason It was suggested at reference 
meeting that high level approach to the Secretary ofCemmerce be first 

efim. No contact has been made by REkCD or LSD. Direction is re- 
quested. 
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